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BILL NO. S-75-06-j^/ 

SPECIAL ORDINANCE NO. S- /33'7L r 

AN ORDINANCE approving Change Order No. 3 in 
connection with WPC Plant Expansion, Division II 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 3 to Spears-Dehner, Inc. in 
connection with WPC Plant Expansion, Division II, in the amount of $8,614.30, 
of which 85% will be paid by federal funds and 15% will be paid by City 
Utilities, as set out in the specifications, is hereby in all .things ratified, con¬ 
firmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
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Read the first time in full and on motion by , seconded by 

, and duly adopted, read the second time by title and referred 
to the Committee on _ (and--4h«-44#r^ 

Cind PubTTcTTl eirrTiW''ttr1^^ ce, 


at ttre-f^iTTiTrTinOiT^^ Building, Fort Wayne, Indiana, on__ 
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Date: 
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at 
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Read the third time in full and on motion by__ 
seconded by _ and duly adopted, placed on its passage. 

Passed (£Q|I) by the following vote: 
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Passed and adopted by the Common Council ofythe City of Fort Wayne, Indiana, 


as 

(Rese+crti on ) No. 




:-xdtiefi; (Special) (A{^rop4a44©n) Ordinance 
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Approved and signed by me this fyZL jday of 


















































































Bill I.o. S^75-06~54 


your Comulttea on 


REPORT Os THE COMMITTSE OK CITY UTILITIES • 

City Utilities to whom was referred an Ordinance 


approving Change Order No. 3 in connection with WPG Plant Expansion, Division 


hava bad said Ordinance under consideration end bag Umva to report back to the Co.- 


yliZl. 


Council that said Ordinance _ 

Paul Bums - Chairman 


§ maid J. Schmid t - Vice - Chairman 


1st k s J2 . 
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PROJECT FaterJ^o^sct. 
DIVISIQN/SECTlON- -II .- Terminal Ponds 


diy c r -r- t 


hyne 


CHANGE ORDER NO. 3 ; 

Johi^'j^gjer , Inc ,y and ; 

£Q. ''Spears-Dehner, Ipc., -$Mn£ Bidders; 

Port liayne, In liana 4o801 


the following additions and/or deductions to 


Net Change 
(Deduct)(Add) 

TOTAL $ 4,591.124.90 $ 26,216.60 $ 17,602.30 $ 3,614.30 $ 4,599,739,20 


Description of Change: 

Iten No^ . 

1, ! Furnish all material and labor necessary 

to modify the drainage ditch along 'the ' , 
'east"property.. line, osf|jj?o 0 ,d No. 3.- , 

& Eip~-B.au existing 2:1 clone of ditch 
■ and phtend ditch to-'Faunae River . 

- ' * h Bedtprt 10 LF frf‘ 72” RC°?* * 

f ' 2. BadU'ct 10 LF of 58 u x91 n RCP? ; 

, ’ 3 . ioaate feast—wbca on outside else 
of, dike a-^Deduct 140 F. _of fencing 

c. Relocac* 3 10' lime sludge line ah oond 3 
outfall structure 

2. Furnish all material and labor necessary . 
to relocate tha north ixlte of Pond l?onr2 - 


a. Deduct 3,203 GY execration 

b. Deduct S'" 7 channelization sheeting 

c. Add 32 LF 5^91*' RCF* ' . 


Mi 




$ 3,236.30 


1,271.80 
- 910.00 


t9,J 6 


8,634,20 

3,530.90 



















PAGE 2 

CHANGE ORDER NO. _3_ 

PROJECT Division II - Terminal Ponds - Fort Wayne, Indiana 


Comments: 

These changes are necessary to confine construction to 
within the property of the City of Fort Wayne, to protect 
pond embankments from erosion of encountered unstable 
sandy soils, to provide cover for the lime sludge line 
which was found to be at an elevation higher than antici¬ 
pated and to provide positive drainage of surface water 
run-off. 

All construction shall be in accordance with project 
plans and specifications and shall be accomplished with 
no change in the construction contract completion date. 


RECOMMENDED: 


HENRY B. STEEG & ASSOCIATES, A DIVISION 
OF HOWARD, NEEDLES,& BERGENDOFF 


CITY flF FORT WAYNE, INDIANA 



± L 


S/I9/ & 





ACCEPTED: 


Spears-Dehner, Inc. 


Carl O’Neal, Member 


Joint Bidders 

ACCEPTED FOR: John Dehner, Inc. 
CONTRACTOR 






Title, 7&a - D ate d- -//- 1^5 

ACCEPTED FOP 
C 0 RTRA0TOR 
By • 

.. . n»fc» d 


Title 
Date: 


Glen Conklingj Member 
BOARD OF PUBLIC WORKS 


CL 


7 / 


/4 . /f -7J 



Title - 



















DIGEST SHEET 



TITLE OF ORDINANCE 


Special Ordinance 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works 


Q v/ 

d- - z 3</ 


SYNOPSIS OF ORDINANCE Covers Change Order No, 3, WPC Plant Expansion, Division II 
Spears-Dehner, Inc, in amount of $8,614,30, These changes are necessary to confin e 

construction to within the property of the City of Fort Wayne, to protect pond 

embankments from erosion of encountered unstable sandy soils, to provide cover for 

the lime sludge line which was found to be at an elevation higher than anticipated 
and to provide positive drainage of surface water run-off« 


SEE ATTACHED CHANGE ORDER 


EFFECT OF PASSAGE Provide for necessary improvements 


EFFECT OF NON-PASSAGE Unable to complete project satisfactorily. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $8,614,30 (85% federal funds 
and 15% City Utilities) 


ASSIGNED TO COMMITTEE 





























